Location 

Ward 

Street Type 

Scope 

Additional 
Water / 
Sewer 


Rating 

Notes 

Haman Lane - 12th to 18th 

1 

Local 

Resurface, Shoulders 


500,000 

4 

Work with road district / county 

Cedar Street - Front to North 

3rd 

1 

Local 

Reconstruct, new curb & 
gutter 


500,000 

4 


North 12th Street - Locust to 

Kochs Ln 

1 

Minor Arterial 

Sidewalks, curb & gutter, 
resurface 


1,000,000 

3 

FY 23 - CIP, expanded scope 

Spruce - 20th to 22nd 

2 

Local 

Mill & Resurface 3", ADA 

Y 

400,000 

3 


Lind - 14th to 16th 

2 

Local 

Mill & Resurface 3", curb & 
gutter, ADA 

y 

400,000 

4 


Spring - 2nd to 3rd 

2 

Local 

Reconstruct, new curb & 
gutter, sidewalks 

Y 

200,000 

4 


North 22nd Street, Oak to 
Chestnut 

2 

Local 

Mill & Resurface 3", ADA 

Y 

565,000 



College Avenue, 10th to 12th 
Streets 

2 

Local 

Mill & Resurface 3", ADA 

Y 

435,000 



Hill Rd, Rocky Run Rd, & 
Southbrook Rd. 

3 

Local 

Mill & Resurface 3" 


250,000 

2 


North 25th - Broadway to 
College 

3 

Local 

Mill & Resurface 3", ADA, 

Signal Removal (?) 


400,000 

3 


North 26th - Elm to Chestnut 

3 

Local 

Reconstruct Street, Curb & 
Gutter, Sidewalk, Storm 


400,000 

3 


Elm -28th to 30th 

3 

Local 

Mill & Resurface 3", ADA 

Y 

400,000 

3 


College Avenue, North College 
to 36th St 

3 

Local 

Drainage Improvements. Mill 
& Resurface 3" 


550,000 



Washington - S. 20th to S. 24th 

4 

Local 

Mill & Resurface 3", ADA 

Y 

800,000 

4 


Ohio - S. 20th to S. 22nd 

4 

Local 

Mill & Resurface 3", ADA 

Y 

400,000 



South 23rd - Washington to 

Ohio 

4 

Local 

Mill & Resurface 3", ADA 

Y 

400,000 



Jersey - 16th to ISth 

4 

Local 

Reconstruct, new curb & 
gutter, sidewalks 

Y 

400,000 

5 


Melrose Dr., Waters, Quincy, 
Grawe 

5 

Local 

Mill & Resurface 3" 


300,000 

5 


Holford Subdivision 

5 

Local 

Excavate ditches, replace 
culverts & resurface 


400,000 



South 28th - Harrison to 

Carnoustie 

5 

Local 

Mill & Resurface 3" 


250,000 

5 


Wilmar Drive - Cherry Lane to 

N. Wilmar 

5 

Local 

Mill & Resurface 3" 


300,000 

5 


Midlan Dr - Curtis Creek to 

Harrison 

5 

Local 

Mill & Resurface 3" 


300,000 

5 


Monroe St, 24th to 28th 

5 

Minor Arterial 

Mill & Resurface 3" 


450,000 

5 


West Wilmar Drive - Wilmar Dr. 

to cul-de-sac 

6 

Local 

Mill & Resurface 3" 


300,000 

5 


Adams - 16th to 18th 

6 

Local 

Mill & Resurface 3", ADA 

Y 

200,000 

3 


Adams - 14th to 16th 

6 

Local 

Reconstruct, new curb & 
gutter, storm sewer 

Y 

400,000 

3 


Harrison, S. 9th - Harrison to 
Jackson 

6 

Local 

Reconstruct, new curb & 
gutter, storm sewer 

Y 

500,000 

4 


Payson Ave - 16th to 20th 

6 

Local 

Mill & Resurface 3", ADA 

Y 

600,000 

3 


Payson Ave - 5th to 8th 

7 

Local 

Reconstruct street, curb & 
gutter, sidewalks 

Y 

800,000 

3 


Adams - S. 8th to S. 10th 

7 

Local 

Mill & Resurface 3", curb & 
gutter, ADA 

Y 

400,000 

4 









































Location 

Ward 

Street Type 
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Additional 
Water / 
Sewer 


Rating 

Notes 

Jersey - 7th to 8th 

7 

Major 

Collector 

New bus transfer, parking lot 
modifications 


600,000 

4 

FY24 - CIP expanded scope 

Kentucky St, 2nd-3rd & 2nd St., 
York-Kentucky 

7 

Local 

Drainage Impromements, Mill 
& Resurface 


200,000 



South 8th St. Bridge 

Community 

Minor Arterial 

Repair deteriorating parapet, 
tuckpointing, sidewalks 


400,000 



North 12th Street - Maine to 
Broadway 

Community 

Minor Arterial 

Mill & Resurface, Curb & 
Gutter, traffic signals 

Y 

800,000 


FY-21 CIP, expanded scope 

South 12th - Cherry Lane to city 
limits 

Community 

Minor Arterial 

Mill & Resurface 3" 


100,000 

4 


South 12th - Greenmont to 

State 

Community 

Minor Arterial 

Remove streetcar tracks, 
resurface, ADA 

Y 

1,500,000 

4 


South 48th - Harrison to Maine 

Community 

Minor Arterial 

Widening, Roundabout 


1,000,000 


Adams County Participation $1 
mil 

Various 

Community 


Replace/extend sidewalks 


150,000 



Various 

Community 


Painting curbs & restriping 
pavement 


50,000 



Total Construction 

18,000,000 

Ward Totals 

Ward 1 

Ward 2 

Ward 3 

Ward 4 

Ward 5 

Ward 6 

Ward 7 

Multiple Wards 

2,000,000 

2,000,000 

2,000,000 

2,000,000 

2,000,000 

2,000,000 

2,000,000 

4,000,000 

Engineering (Design & Construction Inspection) 

1,000,000 

GRAND TOTAL 

19,000,000 























